oo fad london ie lu lr 


SAA 


a 


< 


BSAS] (AS SIRIA 


bh 
=j 


= 
Oo 


19 | 


29 


Task Mame 


ll 


ha 


CONST.DOC.APPL. DEVELOPMENT 


Functional Specs 
Technical Specs 
App. Development 
Performance Testing 
Site Beta Test 
Execute Contract 
Development Workshop 


Application Beta 
Acceptance Sign-Off 
DEPLOY & TRAIN 

D-3& CO 

D-6 

D-1 

D-4 

D-5 

D-2 

D-7 

TPK 


4 CONSULTANT CRTS. 
Functional Specs 
Technical Specs 
App. Development 
Acceptance Test 
Install & Train 


à Contract Payment 
Functional Specs 
Technical Specs 
App. Development 
Acceptance Test 
Install & Train 


4 R/W Engineering 
Functional Specs 
Technical Specs 
App. Development 
Acceptance Test 


Bridge Mantenance 


RW Acquisition 


Duration 


170 days 


21 days 


124 days 


61 days 
4 days 
30 days 
O days 
50 days 


52 days 
1 day 


224 days 


13 days 
15 days 
15 days 
20 days 
20 days 
20 days 
20 days 
20 days 


134 days 


30 days 
30 days 
30 days 
10 days 
30 days 


130 days 


30 days 
30 days 
30 days 
10 days 
30 days 


100 days 


30 days 
30 days 
30 days 
10 days 


1 day 


1 day 


Start 
Mon 8/10/98 8:00 AM 


Mon 8/10/98 8:00 AM 
Tue 9/8/98 8:00 AM 
Tue 10/20/98 8:00 AM 
Tue 11/3/98 8:00 AM 
Mon 11/30/98 8:00 AM 
Wed 1/20/99 8:00 AM 
Tue 2/9/99 8:00 AM 


Tue 3/9/99 8:00 AM 
Thu 5/20/99 8:00 AM 
Tue 2/23/99 8:00 AM 

Wed 5/19/99 8:00 AM 
Mon 6/28/99 8:00 AM 
Mon 7/19/99 8:00 AM 
Mon 8/16/99 8:00 AM 
Mon 9/13/99 8:00 AM 
Mon 10/11/99 8:00 AM 
Mon 11/8/99 8:00 AM 
Mon 12/6/99 8:00 AM 


Tue 2/23/99 8:00 AM 
Tue 2/23/99 8:00 AM 
Mon 4/12/99 8:00 AM 
Mon 5/24/99 8:00 AM 
Mon 7/5/99 8:00 AM 
Mon 7/19/99 8:00 AM 


Tue 3/9/99 3:00 AM 
Tue 3/9/99 8:00 AM 
Tue 4/20/99 8:00 AM 
Tue 6/1/99 8:00 AM 
Tue 7/13/99 8:00 AM 
Tue 7/27/99 8:00 AM 


Tue 3/9/99 8:00 AM 
Tue 3/9/99 8:00 AM 
Tue 4/20/99 8:00 AM 
Tue 6/1/99 8:00 AM 
Tue 7/13/99 8:00 AM 


Tue 12/1/98 8:00 AM 


Tue 12/1/98 8:00 AM 


Finish 
Fri 4/2/99 5:00 PM 


Mon 9/7/98 5:00 PM 
Fri 2/26/99 5:00 PM 
Fri 4/2/99 5:00 PM 
Sat 11/7/98 5:00 PM 
Fri 1/8/99 5:00 PM 
Wed 1/20/99 8:00 AM 
Mon 4/19/99 5:00 PM 


Wed 5/19/99 5:00 PM 
Thu 5/20/99 5:00 PM 
Fri 12/31/99 5:00 PM 

Fri 6/4/99 5:00 PM 
Fri 7/16/99 5:00 PM 
Fri 8/6/99 5:00 PM 
Fri 9/10/99 5:00 PM 
Fri 10/8/99 5:00 PM 
Fri 11/5/99 5:00 PM 
Fri 12/3/99 5:00 PM 
Fri 12/31/99 5:00 PM 


Fri 8/27/99 5:00 PM 
Fri 4/9/99 5:00 PM 
Fri 5/21/99 5:00 PM 
Fri 7/2/99 5:00 PM 
Fri 7/16/99 5:00 PM 
Fri 8/27/99 5:00 PM 


Mon 9/6/99 5:00 PM 
Mon 4/19/99 5:00 PM 
Mon 5/31/99 5:00 PM 
Mon 7/12/99 5:00 PM 
Mon 7/26/99 5:00 PM 

Mon 9/6/99 5:00 PM 


Mon 7/26/99 5:00 PM 
Mon 4/19/99 5:00 PM 
Mon 5/31/99 5:00 PM 
Mon 7/12/99 5:00 PM 
Mon 7/26/99 5:00 PM 


Tue 12/1/98 5:00 PM 


Tue 12/1/98 5:00 PM 


Predecessors 


455 
3,4 
b 

Fi 


855+20 days 
AFF,9 

955 

9 

12,10 

13 

14F5+5 days 
15 

16 

17 

18 


23 
24 


BS & 


32 


af 


Resource Names 


ME 


